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MOSASSUX PCS THE RECORD 

SUBJECT s OXCART Aircraft Deliveries 


25X1 A 


25X1 A 

to 24 January the undersigned ashed l I, assistant to 

Mr. C.L. J ohnson, for L ockheed ’ ■ test estiaate of OXCART aircraft 
deliveries I | After coordinating with Hr. Johnson, I 

reported the following, which was affiraed on the following day to the 
undersigned by Mr. Johnson: 


25X1 A 


#1 21 February 1962 

#2 15 June 1962 

#3* lj September 1962 

#4* 1 December 1962 


*2f #3 (the two seater version) ie preceded by 
#4, delivery date* will be reversed accordingly. 


JOSH PA8A8GOSKY 
G/SB/WD 

J.Paraogoskyjhiaj (29 January 1962) 
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